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REMARKS... 


2. dn dune 1952, source observed that a spur track was uncer co:struction 
touard Drewitz airfield. Thies spur track branched off from the Cottbus 
Quben railread line near Jaenschvalde. 


2, (Cn lo June, worl: darted on the renoval of the humus soil on the rumray 
at Drewitaz airfield, Cn 30 Junc, a strip of 900 meters was coupleted. 
A total of 500 persons were employed on this day. The laying of the 
spur track was to be conpieted by 15 July, The 195¢ constrection plan 
included the construction of a runway, the southerm taxiway with hard- 
stands, and a cantonment, Sarracks installations ond hancars were scheduleci 
te be built in 1952/1953 and, subsequently, an aircraft olant was to be 
constructed it. 1953, Construction work at the field was under the suner~ 
vision of tho voviet construction staff in Verder. Tho area of the field 
wea inspected by uanbers of the SSD, VP and crirtinal investi.-ation police. 


3. Two original cecuments were found at the field, One of them contains inforne-. 
tion that a wire fence with concrete simports is to be built around the 
field. According to the second docurent, the starting date, 1 August 1952, 
for concreting werk on the rumay and taxivays cannot be net because of a 
delay in the delivery of construction machines, The docunont also idicates 
that work at the field is cone by the Lresden Laiunion and supervised by the 
werder construction stafr, * 


25X1 * [|__-foorsets The report contains 
credible details on the sntenced construction work end the tarot dates 


foe the construction project. .ark is only in the initial stage. ‘The 
report indicates that the coapietion of the field cen definitely not be 
pected in 1952, 
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